\ 



' Person Sending: (;-) Jlijn \J\' ; 




Department Name: ^)-CW ,0 ■d' £>L'C-0. 


| Date Sent: if.^.fk 




Approved at/ Board. Session 



Contract 



Amendment # (A 



Grant 



57 



INCOMING FUNDS? YES NO (CIRCLE ONE) _ 
If incoming funds you must attach a Revenue Management Sheet V*n9irmQn 



Contractors 
Name: 




Date From: c*lll\°i C 1 


D^ate To: m fX'f/£/L 


Amount of Contract or Amendment: <£ L j 9 tf-Q OCZ) 


If an Amendment, New Contract Total $n/a ^/^^/^^^^ ^ 


Certificates of 

Insurance 

Attached: 


Liability 

(circle one) 

Yes No 


Workers Comp 

(circle one) 

Yes No 


If no insurance attached,why not? 



Process taken to select contractor: 

Verbal quote: Written quote: RFP: Competitive Bid: X Renewal: 

(Attach copy for reference) 
Description of Contract Services: 



^^L-Hi^u. JtiJ^Xv-^ f«>Higl^ppgemep Use" 



Date Risk Received: L\ - n s C \ 



Date Scheduled on BOC Agenda 5jl / V^ 



Authorization for Health Administration to 
sign on behalf of BOC: 

yes ( no 



Additional Comments:^' 



Staff Review Signatures: 



Risk /^4b4gement 



5" /y/'j 



date 



Legal Counsel 



date 



2u. : 



.A- 



Review. CON 5/98 



CHANGE ORDER 







CHANGE ORDER NUMBER* 


1 


(name, address) 


555 Court Street NE 








Salem, Oregon 97301 


INITIATION DATE: 


April 27, 1999 






ARCHITECT'S PROJECT NO.: 


9828 


TO: 


Pence/Kelly Construction, Inc. 


CONTRACT FOR: 


General Construction 


(contractor) 


2747 Pence Loop SE, P.O. Box 4109 








Salem, Oregon 97302-8109 


CONTRACT DATE: 


February 17, 1999 



You are directed to make the following changes in this Contract: 

1. Contractor's Change Order Request, (COR) # 1, decommision, remove and dispose of 

underground storage tank found 03/15/1999 Add $ 2,530.00 

2. Contractor's Change Order Request, (COR) # 2, resolve sanitary sewer and gasline 

conflicts at the intersection of Church and Chemeketta Streets. Add $ 1,765.00 

3. Contractor's Change Order Request, (COR) # 4, remove and dispose off site 203.9 c.y. 

contaminated soil, @ $60.00 / c.y. Add $ 12,215.00 

4. Contractor's Change Order Request, (COR) # 5, decommision, remove and dispose of 

underground storage tank found mid block on Court Street. Add $ 4,982.00 

5. Contractor's Change Order Request, (COR) # 6, Change concrete compressive 

strength in footing pads from 3000 psi to 5000 psi Add $ 3,450.00 

Total for Change Order No. 1 $ 24,942.00 



Not valid until signed by both the Owner and Architect. Signature of the Contractor indicates agreement herewith, including any adjustment in the Contract Sum or Contract Time 



The original Contract Sum was 

Net change by previously authorized Change Orders 

The Contract Sum prior to this Change Order was 

The Contract Sum will be (increased) (d e cr e as e d) by this Change 

The new Contract Sum including this Change Order will be 

The Contract Time will be ( i ncr e as e d) (d e cr e as e d) (unchanged) by 

The Date of Substantial Completion as of the date of this Change Order therefore is 



18,459,484.00 



18,459,484.00 
24,942.00 



Owner: 

Marion County 
100 High St. NE 
Salem, OR^97301 




Owner: 

Salem Area Mass Transit District 
3140 Del Webb Ave. NE 
Salem, OR 97303*4165 



I By: 




V 




Architect: 

Arbuckle Costic Architects, Inc. 
363 State Street 
Salem, Oregon/97301-3505 



Date: «4 /^fl f ^ &\ 




Contractor; 

Pence/Kelly Construction, Inc. 

^ox 4109 
palen\5<egon S(7302-^j|09 



|Date: O^/^f^/ I'V^P 



Date: 



$ 18,484,426.00 
days 
October 26, 2000 

ed as to- form 



■['■ 




Approved as to form 

Project Manager: 

Melvin Mark Development Co. 
111 SW Columbia, Suite 1380 
Portland, Oregon 97201 



uy Portland, Op|gon 97201 ^ 



Date: 



03/23/9S TOE 08:26 FAX S03 223 4606 

PENCE/KELLY 

CONSTRUCTION, INC. 

3747 Pomm Loop K, Stfen. ORS71C3 (SOS) 93^7223 

Portland (sas)z2<-w 81 F«<«c3)«frT«7r 



MELVIN MARK COMPANIES 

FAX NO. 503 585 7477 




Change Order Request 



TO: Craig Lewis 

Marvin Mark Companies 

111 Soutwest Columbia 
Portland. OR 97201 



COR No. 



00001 



DATE: 3/16/99 
JOB; 99006 



Project: Oourthouse Squaro 

COR Title: Underground Storage Tank Remo 



1. Contract time being extended 
( ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of C 3/23/99 ) 



For work described below, we offer the following quotation. 



Provide underground storage tank removal found on March 16. 1990 located at mid-west block. Work to bo 
performed on a not to exceed basis. 



fcli-Ltf ujftiSO/O.mWHfN/ By: Dave Hays 



CC* File 

Supt Total Cost: $2,530 



HAR-22-99 HON OZ: 18 Hi PENCE KELLY 



FfiX NO. 503 S8S 7477 



f. U3 



CJE 



CJE CONSULTANTS AND CONSTRUCTORS, INC. 

Environmental Consulting, Investigation and Remediation 



P.O. Box 65 
Turner, OR 97392 



Phone (603) 743-2291 
Fax (503) 743^3723 
E-Mail cje@viser.net 



UST Decommissioning Proposal #031901 



March 19,1999 

Client! Pence/Kelly Construction, Inc. Project; Courthouse Square 

2747 Pence Loop SE. Salem. OR 97302 

Salem. OR 97302 



Proposal 

Wc arc submitting this proposal for the services as requested for your site. CJE Consultants and 
Constructed Ine, (CJE) will decommission the 1000 gallon gasolino underground storage tank 
(UST) at the above mentioned property. CJE mil complete the tank decommissioning in 
accordance with Uniform Fire Code, Oregon Department of Environmental Quality (DEQ), and 
the City of Salem's guidelines, rules, and regulations. 

The property owner is responsible for all costs outlined in this proposal, with. a scope of work 
provided below, No services oulside the scope of work listed below will be performed without 
Che written consent of the owner. 

Scope of Work 

• DEQ Licensed Supervision: Provide the personnel and monitoring equipment necessary 
for (he decommisioning, by removal, of a 1000-gallon Underground Storage Tank (UST). 

• Excavation/Transportation and Disposal of the UST: Provide personnel and 
equipment necessary for the excavation, transportation, cleaning and disposal of a 1000- 
gallon heating oil underground storage tank, 

• Tank Pumping & Licensed Disposal: Up to 1000 gallons of oil/water mix. 

Project Costa Not to Exceed: S 2200,00 



Sent By: PENCE KELLY; 



5033645382; 




PENCE/KfLLY . 

CONSTRUCTION, 1NO; 

$747 P*ftc« Loop 96, SAl«fli t OR f 7302 (603) 3M-7223 
Pottlind (903) 224-94*1 P«X (503) $15*7477 

CCB# 43436 



Apr-27-99 14:02; 

r 
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Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Soutwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title; Gas line Relocation at SS Manhole 



COR No. 



00002 



DATE: 4/1/99 
JOB: 99006 
ISSUE: 00013 



1. Contract time being extended 
( ) Calendar days, 

2« Acceptance of COR prior to our 
deadline date of i 4/0/99 ) 



For work described betow, we offer the following quotation. 



Provide for construction Impact and relocation of discovered gas line confScBng with sanitary sewer manhole 
placement at Chemeketa and Court Street Gas fine relocation to be done by others. This cost represents 
additional shoring rental, moving steel plates and coordinating night start-up with the gas company. 



PocHt* Fax Note 7671 










Co. 


Phone # t 


Phone * 


Fax* 


FAx# 



Total Cost: 



$1,765 





Dote 



A&pfovod vote 



| Accepted By: 



P*ftea/K*ty Cortilnjctkxv, foe. • 0tv« HiytT 



Date: 

**f© M#MQftflMfV{ 4ytt«fnf * Inc. 



Accepted By; 



i 7 i«MWtl 



Date:^* 1 *^^^"** - ♦N**m*0*«A^ 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Soutwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: Contaminated Soil Removal 4/9/99 



COR No. 



00004 



DATE: 4/20/99 
JOB: 99006 
ISSUE: 00050 



1 . Contract time being extended 
( ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 4/27/99 ) 



For work described below, we offer the following quotation. 



Provide removal and disposal of contaminated soil on 4/9/99 for the following tickets #'s: 281 643, 281 644, 
281645, 281646. 281681, 281685, 281687, 281699, 281711. 281713, 281714. 281757, 281758, and 281761. 

270.78 tons / 1 .33 tons per cy = 203.59 cy 

203.9 cy @ $ 60.00 cy = $ 12,215 



Total Cost: 



$12,215 




Accepted By: 



Date 
Accepted 

Date 



Pence/Kelly Construction, Inc. - Dave Hays 

By : f\f\ \jJUfcfr/_ 

Salem Arab Transit - John Wittington 



Co u&*r 



Pro Management Systems, Inc. 



PENCE KELLY 



Fax:3706776 



fipr 21 '99 13:52 P. 02/05 # 



DATE i 04/15/99 16 : IS 1 14 

PERMIT TICKET 3ETPIL REPCf T 
04/09/1999 THRU 04/09/199 9 



flCCTtt DATE TICKET* . PMOUflT 

TYPE TERMS PERMIT* 



page 



FOR RIVER3END LANDFILL 



TAX 



YARDS 



toms v:n# 



P.O.* 



5091074 04/99/99 261643 
COMT/SDIL CHARHE PERMIT 
5091874 84/89/99 281644 
CONT/BQIL CHARGE PERMIT 
5091474 94/09/99 281645 
C0NT/90IL CHBR0E PERMIT 
5991074 04/09/99 20 1646 
CQNT/SOIL CHARGE PERMIT 
9091074 04/99/99 801601 
CONT/SOIL CHARGE PERMIT 
5091074 04/09/99 £81605 
CONT/SOIL CHARGE PERMIT 
9091074 04/09-/94-S01607 • - 
CONT/SOIL CHAROE PERMIT 
5091074 04/09/99 801699 
CONT/SOIL CHARGE PERMIT 
5091074 04/09/99 801711 
CONT/SOIL CHARGE PERMIT 
9091074 04/09/99 £01713 
SONT/80IL CHARSE PERMIT 
5091074 04/09/99 201714 
2ONT/80IL CHARGE PERMIT 
3091074 04/09/99 201797 
Cf3NT/80IL CHAR6E PERMIT 
5091074 04/09/99 001780 
CONT/SOIL CHARGE PERMIT 
S091074 04/09/99 eS176l 
~ONT/0OIL CHARGE PERMIT 
J.M.WA06W0RTH 
TOTAL 



)0 



806 
N&9S 

304. 
0690 

3ES. 
•690 

319. 
#698 

see. 

0696 

009. 
0690 
- 38S. 
0696 

702. 
#690 

634. 
•690 

291. 
#698 

.895. 
0696 

306. 
•696 

386. 
«696 

8S6.7p- 
#690 

•6, 769. Sfe 







S3 



S3 



3 RAND TOTAL 



♦6,769.01) 



12:0. 50 
COURTHOUSE 
45,99 

COURTHOUSE 

0^fl» £^ 

COURTHOUSE 

47. 76 
COURTHOUSE 
183. 06 
COURTHOUSE 

48.73 
COURTHOUSE 

46.73 
COURTHOUSE 
105.09 
COURTHOUSE 
124,64 
COURTHOUSE 

43.97 
COURTHOUSE 

44. El 
COURTHOUSE 

49.69 
COURTHOUSE .■ 

40. 77 
COURTHOUSE 
183. 60 
COURTHOUSE 

1,010.71 



1«01S,71 



40.0 
6Q/69G 

10.0 
SQ-690 

10.0 
SQ-690 

10.0 
80-696 

40.0 
60-696 

1.0 
SQ-698 

■ 10.0 

SQ-698 

1.0 

80-690 

30.0 
60-698 

10.0 

Sd-690 

10.0 

30-696 
10.0 

SQ-690 
30.0 

SQ-690 
30.0 

60-696 

£46.0 



848.0 



32. £4^ 
12. 19' 
l£.09. 
18.77-' 
32.91'" 
SI. 43-' 
• 13.03,- 
"20. 10- 
33. 30^ 
11.63-" 
U.6£''' 
IS. 26 
13.04- 
33. 07-^ 

270. 78 
£70. 76 . 



JMW1074 
JMW1074 
JMW1074 
JMW1074 
JMW1074 
JMW1074 
JMW1074 
JMW1074 
JMU1074. 
JMW1074 
JMW107A 
JMW1074 
JMH1074 
JMW1074 



*4 



PENCE KELLY 



Fax:3706776 



Apr 21 '99 13:53 P. 03/05 




WASH MANAamfWT 



RIVEflBEND LANDFILL COMPANY 
TRANSMITTAL 

1346flSWHwy 18, McMlnnvlll©, OR 97128 
(SO \) 472-9788 (503) 434-9770 Fax 



X 



FAX 



.MAIL FED EX 



, DISTRIBUTE FILE 



OTHER 



TO: Pallfl h^W-MH 



FROM; Lf)fL\ 



DATE; H/trH-9 



I AM SENDING YOU A PA SES (INCLUDING COVER): 



QUANTITY 




DESCRIPTION 



























IF MATERIAL RECEIVED 15 NOT AS I ISTED, PLEASE NOTIFY ME AT ONCE. 



REMARKS: 
















COP* TO- 








DATE TRANSMITTED: Afj i<rfe*7 








Qdi^v^p^ioMiiammt^^i^mn Ifyouaroittti 
Muring or dincraloailOrt of (fail vtntratatofi or the feting « 
hftTs roootaod fcis ffSflftnilttHiD Is cfTOfa jjiouc notify \j$ | 
/our coopttittofl, 


teDiidtteer 

i fumed ihove. ft Cootvioa information thftt is privileged, confidential, or 
tfamrfod rcdnfcm, kou m tadby norUWd thai any review. dUcioiun, 
fc to> total (n rclitix* on lit conftntj or other um U stricdy prohibits Ifyou 
hOMtmiqedfffttyttto Ttoinfcyoo Jbr 


C:\My DocuHMUU\WofdV7^AKSMrr^(X 





t 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (603) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Soutwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Remove 2000 gallon tank at Court St 



COR No. 



00005 



DATE: 4/20/99 
JOB: 99006 
ISSUE: 00044 



1 . Contract time being extended 
( ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of < 4/27/99 ) 



For work described below, we offer the following quotation. 



Decommission, remove and dispose of underground storage tank at mid block along Court Street Price excludes 
any retainment systems that may be required, contaminated soil removal, or utility work that may be encountered. 

Tank Removal $2,500.00 
Earthwork $ 1,832.00 



Markup @ 15% $ 650.00 



Total Cost: 



$4 f 982 



Accepted By: 
Date: 
Ac ,;ted By: 




Date: 



Accepted By: 



Melvin Mark Companies - Craig Lewis 

Date:_ -f/Z7 [l^ 




Saiem \Area Transit - John Wittington 



Accepted By* 




Marion 



Date: L^Ljfil 



X) Management Systems, Inc. 



4-15-1999 12:00PM FROM CJE CONSULTANTS/CONS 5037433723 p. 2 




CJE 



CJE Consultants and Constructors, Inc. 

Environmental Consulting, Investigation and Remediation 



P.O. Box 65 
Turner, OR 97392 



Phone (503) 743-2291 
Fax (503) 743-3723 
E-Mail cje@viser.net 



UST Decommissioning Proposal #041501 



April 15, 1999 



Client: Pence/Kelly Construction, Inc. 
2747 Pence Loop SE. 
Salem, OR 97302 



Project: Courthouse Square 

Church & High Streets 
Salem, OR 97301 



Proposal 

We are submitting this proposal for the services as requested for your site. CJE Consultants and 
Constructed, Inc. (CJE) will decommission the 2000 gallon heating oil underground storage tank 
(UST) at the above mentioned property. CJE will complete the tank decommissioning in 
accordance with Uniform Fire Code, Oregon Department of Environmental Quality (DEQ), and 
the City of SaJem*s guidelines, rules, and regulations. 

The property owner is responsible for all costs outlined in this proposal, with a scope of work 
provided below. No services outside the scope of work listed below will be performed without 
the written consent of the owner. 

Scope of Work 

• DEQ Licensed Supervision: Provide the personnel and monitoring equipment necessary 
for the decommisioning, by removal, of a 2000-gallon Underground Storage Tank (UST). 

• Excavation,Transportation and Disposal of the UST: Provide personnel and 
equipment necessary for the excavation, transportation, cleaning and disposal of a 2000- 
gallon heating oil underground storage tank. 

• Tank Contents Pumping & Disposal 

• Permitting, Reporting and Documentation: Includes all permitting required for 
decommissioning and reporting which documents all the work performed at the site, 
including laboratory data sheets, site maps and drawings. 



4~is-~ 19,99 12:00PM FROM CUE CONSULTANTS/CONS S037433723 



P. 3 



CJE Consultants and Constructed 04/15/99 
Proposal 041501 

Project Costs Not to Exceed: $ 2500.00 

* Note: Not included is additional work and costs associated with water fi n e. sew«r line, or drain tile replacement 
additional asphalt repair or replacement and landscaping ft*, grAvj, shru h replacement 

9 Kote: Also not included is special excavation equipment r equired to remove the tank anchoring system. 

Proposal Basis 

This proposal is based on the current knowledge we have about the conditions at the site. If 
conditions arc found which would significantly change the course or cost of the project, all work 
will be suspended and the client will be notified. 

As is normal for all CJE projects, work will be performed under the teiras of our "Schedule of 
General Conditions A/98" and Schedule qf Charges R/98 with all costs computed on a time and 
materials basis. We are always open to modifications in our proposed scope of work which 
might better suit the clients needs. 

CJE personnel, scientists, and technicians, all of whom are qualified in their respective fields, 
will perform the work on this project CJE has been licensed by the DEQ, to perform all work 
outlined in this proposal* CJE specifically warrants its work to be conducted in a maimer that is 
consistent with the level of care and skill ordinarily exercised by other reputable environmental 
firms practicing in this area under similar budget and time constraints. 

Authorization 

I, the undersigned, have read and do agree to the terms of this proposal. The prices, 
specifications, and conditions are satisfactory and hereby accepted. This agreement specifically 
authorizes the services described herein. If I am not the legal property owner, I also agree to 
provide the name and address of such persons in the space provided below. 



Client; 

Address: 

Phone: 



PAGE 2 



4-20-1999 6:48AM FROM CJE CONSULTANT S/CQNS 5037433723 




CJE 



CJE Consultants and Constructers, Inc. 

Environmental Consulting, Investigation and Remediation 



P.O. Box 65 
Turner, OR 97392 



Phone (503) 743-2291 
Fax (503) 743-3723 
E-Mail cje@viser.net 



4-19-99 
Client: 



Pence/Kelly Construction, Inc. 
2747 Pence Loop SE. 
Salem, OR 97302 



Project: Courthouse Square 

Church & High Streets 
Salem, OR 97301 



Subject: Estimated Itemized Costs for Proposal 041501 

Scope: DEQ Licensed Supervision. Excavation, Transportation and Disposal of one 

2000-gallon UST. Tank Contents Pumping & DisposaLPermitting, 
. Documentation & Reporting. 



Pescriptfon 


Units 


Costs 


UST Supervisor 


4 hrs @S65.00 


280.00 


Environmental Tech 


4 hrs @ $45.00 


180.00 


Service Vehicle 


1 day 


40.00 


Monitoring & Testing Equipment 


1 day 


75.00 


Tank Pumping & Cleaning, Free Product 




500.00 


Disposal 






Trackhoe 


4 hrs @ $100.00 


400.00 


Trucking 


4 hrs @ $65.00 


260.00 


Tank Disposal 


1 


500.00 


Documentation & Reporting 


1 report 


265.00 


Total 




$2500.00 



JM Wadsworth 



P.O.Box 170 Aumsville, Or. 97325 Ph. (503) 769-8756 fax (503) 769-9365 



Data: 



April 6 J 999 



Job; 



Courthouse Square Project 



Reference: 



- Relocating gas line 



Re-submtttal of cost Involved 



ITEM NO. 



QTY 



1 



3 
4 
5 
6 
7 
8 
9 
10 



8hrs. 
■#cy. — 
3hrs. 
3 hrs. 
3/4 hr. 
34 cy 

1 
2 
1 



fTEM NAME 



traffic control 

act u al spoils removal and dispos a l of 



trackhoe removing and replacing 
dump truck hauling in and out 
loader used to load rock 
actual crushed rock to replace slope 
laborer for spotting, compacting and grading 46. 
compaction equipment 
coordination time 
PAO 



300.00 



*r — 

l48J5/hr 
68.75/ hr 
148.75/ hr. 
8.00/cy 
50/hr 
65.00/day 



48.00 
234.00 



SUBTOTAL 



TOTAL COST 



TOTAL 



300.00 
1 5 6 .00 



446.00 
206.00 
112.00 

mm 

65.00 
96.00 



I 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB# 63436 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Soutwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: 5000 PSI Footing Revision 



COR No. 



00006 



DATE: 4/20/99 
JOB: 99006 
ISSUE: 00011 



1 . Contract time being extended 
( ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of < 4/27/99 ) 



For work described below, we offer the following quotation. 



Provide 5000 psi concrete at pad footings in lieu of 3000 psi per RFI #82. 

5000 psi 923 cy @ $ 50.25/cy = $ 46,381 
3000 psi 923 cy @ $ 47.00/cy = $ 43,381 



difference 
JU @ 15 % 



= $ 3,000 
450 



Total Cost: 



$3,450 




ro Management Systems, Inc. 



Exhibit "A" 
Scope of Work 



The Subcontractor shall provide all required labor, tools, materials, equipment, 
supervision and coordination to provide CONCRETE (SECTION 03300), complete in 
accordance with the Contract Documents including, but not necessarily limited to the 
General Requirements (Division 1), approved submittals, Exhibits "ET t "C", "D", "E M and 
T", and as may be required under the prime contract regardless of where shown on the 
drawings or specified. Exhibits U ET, "C", W D'\ U E M and "F" are hereby made a part of this 
Subcontract. 

The work under this Subcontract includes, but is not limited to providing the following: 



1 . Provide concrete admixtures including water reducing agents, air entrainments, 
and moisture loss agent as specified. Admixtures used in combination shall 
retain full efficiency and have no deleterious effect on the concrete or on the 
properties of each admixture. 

2. Provide aggregate in accordance with Contract Documents. 

3. Subcontractor shall deliver materials, perform and complete their work in 
accordance with the Contractor's project schedule and delivery rates requested. 
Subcontractor shall clean out equipment offsite at Subcontractor provided 
location. 

4. Concrete shall be paid at the following rates: 



Fc rpsn 



Unit Price* 




$59.25 /cy 



5000 3/8" mix T slump 



The above mixes will meet the specified mix designs and required slumps. 



Additional Material: 



Fiber mesh @ 1.5 Ibs/cy 
Stealth mesh @ 1.5 Ibs/cy 
Fill sand 

1" minus crushed rock 
Additional plasticizer 
Color 

.048% Shrinkage control 



$ 3.75 /cy 
$ 3.75 /cy 
$ 6.75 /ton 
$ 7.90 /ton 
$ 4.75 /cy 
$ 1.85 /lb 
$11.00/cy 



Courthouse Square - 9906 



P:\gc I of 2 



River Bend Sand & Gravel 




PENCE/KELLY 

cONtrmicTioN* inc. 

2T«nSno*U«»«4 M#m,0«m*i (503) }»• 7223 



I 


Request for Information 




TO: Leonard {.odder 


RFl No. 


00082 



363 State Street S.E. 
Salom, OR 97301-3533 



Project: Courthouse Square 

Subject: Concrete for Cont. ftgs & pads 

Please process and return by no later than 3/26/99 



DATE: 3/t9/99 
JOB: 99006 
ISSUE No.: 



Question 



Spec. Ref . 



Owg. ftaf . # 



What PSf of concrete Is required a continuous lootings and column footing pads? (sheet 
S1.I.1) 




Response 



Dale: 3>-ZrS'fJ 





Dtt«: 




Qj>. Cj^Z ReV + 



Pap* i oft 



